City of Waltham,» Wee: 


woe bb fe 
Stik irr hon se 


Jeannette A. McCarthy ape EES -g AMET: 1S 
Mayor oe 
February 9, 2023 


TO: The City Council 
RE: Recreation — Veterans Field 


Dear Councillors: 

| respectfully request approval of the attached loan authorization in the amount of 
$3,115,000. The funds will be used to provide for the renovations to the four (4) 
synthetic turf fields, including walking path improvements and tree work at the Veterans 
Memorial Athletic Fields Complex. 


The funding request is itemized as follows: 


Contractor Bid $2,964,525 
Unforeseen Conditions (5% 150,415 


TOTAL 3,115,000 


Attached is a copy of a letter that was received from the Recreation Director, Kim 
Hebert. Ms. Hebert will be available to answer questions concerning this request. 


Sincerely, 


lo Me Gu 


eannette A. McCarthy 
JAM/sm 
enclosure 
cC: Kim Hebert 


610 Main Street « Waltham, Massachusetts 02452 e (781) 314-3100 © Fax (781) 894-9581 


RECEIVED 
FEB 07 2023 
Mayor's Office 


February 7, 2023 


Honorable Mayor Jeannette A. McCarthy 
Waltham City Hall 

610 Main Street 

Waltham, MA 02452 


Dear Mayor McCarthy, 
David W. White & Son has been selected as the contractor for the Veterans Memorial Athletic Field 
Complex renovation project. All four synthetic turf fields will be renovated, along with walking path 


improvements and tree work. Below is the breakdown of funds required to move forward. 


The plan for improvements was approved by the Parks-Recreation Board on Wednesday, 
January 11, 2023. 


Contractor Bid: $ 2,964,585.00 
Unforeseen Conditions: $ 296,458.00 
Total: $ 3,261,043.00 


Enclosed is a copy of the bid results from January 26, 2023. Three bids were submitted and evaluated 
for the lowest qualified bid. 


Please let me know if you have any additional questions. 


Singerely, 


AlN 
mall 


Director of Recreation 


510 Moody Street, Waltham, MA 02453 Phone: 781-314-3475 Fax: 781-314-3482 
www.city.waltham.ma.us 


BID RESULTS 
VETERANS MEMORIAL ATHLETIC FIELD COMPLEX RENOVATION, 2ND ISSUE 


JAN UARY 26TH, 2023 


TOTAL BASE-BID PLUS. 


BASE-BID PRICE | ADD ALTERNATE No. 1 _ ALTERNATE 


2,234,000.00 | $ 779,000.00 | $ 3,013,000.00 


2,233,515.00 | $ 731,070.00 | $ 2,964,585.00 


Heimlich Landcaping & 


A 2,458,000.00 | $ 898,000.00 | $ 3,356,000.00 
Construction Corp. 


This information is provided only asa record of the offers made by. the respec v 2 companies. No inference : 
a should be made as to the award or rejection of any offers. , ee 


